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Message Text 

UNCLASSIFIED 

PAGE 01 STATE 041719 
ORIGIN OC-06 

INFO OCT-01 EUR- 12 NEA-10 ISO-OO CCO-OO OCL-OO SY-05 
STE-01 FBOE-OO A-01 /036 R 

DRAFTED BY OC/PE-E: B S KOFFM AN : KM 
APPROVED BY A/OC:WENAEHER 
OC/PE:GRYOUNTS 
A/OC/NEA:RCRIBERA (SUBS) 

DESIRED DISTRIBUTION 

NEA/EX, OC/L, OC/S, A/SY/FO, A/SY/NSU, OPR/ST 

058610 170333Z/15 

PR 162245ZFEB 78 
FM SECSTATE WASHDC 
TO USINT BAGHDAD PRIORITY 
INFO AMEMBASSY ATHENS 
AMCONSUL KARACHI 

UNCLAS STATE 041719 

ATHENS FOR ATO, KARACHI FOR RCO 

E.O. 11652: N/A 

TAGS: AFAC, ABLD, ASEC 

SUBJECT: CCC RENOVATION 

REF: BAGHDAD 0280 

1 . PVC CEMENT WILL BE AIRFREIGHTED WEEK OF FEBRUARY 13. 

AIR HANDLER SHIPPED AWB TWA-015-6719-8961. OPR/ST BEING 
REQUESTED TO INITIATE TRACER ACTION. 

2. REF PARA 4 - IN VIEW INFO PROVIDED BY POST, SECOND A/C 
UNIT MOST LIKELY WILL NOT BE NECESSARY IN ROOM 4. 

UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 STATE 041719 

3. REF PARA 5 - OC/PE UNAWARE OF POWER PANEL AT ENTRANCE 
OF ROOM 3. THIS IS NOT THE PANEL SEABEE’S ARE TO INSTALL. 

REFER TO DRAWING AA639 FOR LOCATION OF NEW (NPP) POWER 
PANEL. NEW PANEL MAY BE POWERED FROM PANEL OUTSIDE ROOM 
3 QTE IF UNQTE THE PROPER SERVICE (3 PHASE, 4 WIRE WITH 
GROUND) IS AVAILABLE. 
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4. REF PARA 6 - VENDOR ADVISES THAT REMOTE CONTROL PANEL 
MOST LIKELY INADVERTENTLY OMITTED FROM SHIPMENT SINCE THIS 
PROBLEM HAS OCCURRED ON PREVIOUS SHIPMENTS. VENDOR HAS 
AGREED TO AIRFREIGHT ITEM DIRECT TO USINT BAGHDAD. VANCE 


UNCLASSIFIED 


NNN 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 jan 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 16feb 1978 

Decaption Date: 01 jan 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 jan 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1978STATE041719 

Document Source: CORE 

Document Unique ID: 00 

Drafter: E:BSKOFFMAN:KM 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Expiration: 

Film Number: D780072-1146 
Format: TEL 
From: STATE 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1978/newtext/t19780245/aaaablxo.tel 

Line Count: 66 
Litigation Code IDs: 

Litigation Codes: 

Litigation History: 

Locator: TEXT ON-LINE, ON MICROFILM 
Message ID: 486a47d5-c288-dd11-92da-001cc4696bcc 
Office: ORIGIN OC 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: 78 BAGHDAD 280 
Retention: 0 

Review Action: RELEASED, APPROVED 
Review Content Flags: 

Review Date: 24 feb 2005 
Review Event: 

Review Exemptions: n/a 
Review Media Identifier: 

Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
SAS ID: 3569240 
Secure: OPEN 
Status: NATIVE 
Subject: CCC RENOVATION 
TAGS: AFAC, ABLD, ASEC 
To: BAGHDAD 
Type: TE 

vdkvgwkey: odbc://SAS/SAS.dbo.SAS_Docs/486a47d5-c288-dd11-92da-001cc4696bcc 
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